W-4128-YAMAICHI INTERNATIONAL ( (AMERICA)I 
CNC.-2WTC-98TH FL- INSTALLATION OF 
NEW OFFICES 



THE PORT AUTHORITY 



Septerrber 12, 1988 



Mr. S. Hotta 

Yamaichi International (America) Inc. 
Two World Trade Center, 96th Floor 
New York, New York. 10048 



THE FORT AUTHORITY OF M.Y. & NJ 

TENANT C0.\'SiriX?!0:J .TEVfE'.V UNIT ' 

RECEIVED 



ALTERATION APPLICATION 



RE: THE WORLD TRADE CENTER - YAMAICHI INTERNATIONAL (AMERICA) INC. 
- TRADE CENTER - WT 1252A-B-96 - CONTRACT WTC 578.972 - TENANT 
ALTERATION APPLICATION NO. 4128 - APPROVAL 



Dear Mr. Hotta: 

Attached please find a copy of the above listed Tenant Construction 
Application. This application has been approved subject, in particular, to 
the conditions listed in Rider "C" . 

Before work can carmence, your contractor must notify the following 
persons 72 hours in advance of start of work regarding work scheduling and 
compliance with specific Port Authority instructions, regulations and proce- 
dures for Contract work on the premises. Please contact: 



Mr. Anthony Vaccaro, Manager 
WTC Construction 
1 World Trade Center - Rm. 3861 
New York, New York 10048 

Tel. (212) 466-3237 



Mr. August Preschle, Manager 
WTC Operations Division 
1 World Trade Center - Suite 63N 
New York, New York 10048 

Tel. (212) 313-2227 



Please note that any design changes to the scope of work under this 
application must be filed with the Port Authority for review and approval. 
You are also advised that only Contract Documents approved by this office 
are to be released in the field for construction. / 



Sincerely, 




Luciano Sanchez 

WTC Planning Division 



JRP/lb 

cc: Messrs. J. Chennisi, J. Grismer, J . Picone, A. Preschle (w/att.), 
A. Vaccaro (w/att.); S. Joyner (BW&B) (w/att.) 



bcc: Messrs 



Msdraes 



F. Boyce , T- Cancelliere (w/att.), P. Coo£f>r > (w/at c . ) , A. Coras, 
J. Davison (w/act.), R. Linn, P. Marchese, H. Nage."! (w/att.), 
B. Newman, G. Wenger 

Office of the Secretary, M. Singleton (both w/att.) 



WTC-578-972 
F.F. # 1094 



the pom Mumomr ®JKKI®W£ 

One V*xW Trade Onie* New York. NY 10O48 



^k^W^^ri^'^r^iSS below art par. 5 



Tor Fori Authority m« only 



pacility 



WTC 



DAT I 



8 /3o /ss 



APP. HO. 



412S 



applicants name 

Yamaichi 



APPLICANT MUST READ THE TERMS AND CONDITIONS PRINTED ON THE REVERSE HEREOF 



ALSO SEE ATTACHED RIDER "F* 



PART ONE: Information to bo furnished by Applicant (Refer to your lease or permit for required information) 
Fermiislon is hereby requested to perform the following described work on the space occupied by the Applicant 

LOCATION (UIILDIMO # Ol A* LA) OP SPACE TO BE ALT1KE0 

Two Wo rld.Xrade Cen ter, 98th Floor 



PUUUANT TO (llASI. SPACI PltMITr 

WT - 1252 



AT (FACILITY) 



WTC 



DESCRIPTION Of WMi; AND SEASON 



Installation of new offices on 98th Floor 



ESTIMATED COST 


tSTIMATEO TIME 




STAKTIMQ 






COMPLETION | 




OP WOK S 


TO COMPLETE [DAYS) 




DATE 




1 / 88 


DATE- / 


/ 88 


1,500,000.00 


90 




9 




12 n 





PUnj: Print* of each drawing must be submitted with copies of application. Include floor plan and show area afiectcd by pro- 
posed work (size 8Ji" i 11" or larger). 



TITLE OF DRAWING 



DRAWINC NO. 



DATED 



See Attached Drawing List 



NAME A ADOtESS OP CONTRACTOR. (IP NOT KNOWN, SUIMIT LATH) 

Shimizu America Corporation 
805 Third Avenue, 12th Floor 
New York, New York 10022 



NAME 1 ADCHIHJ OP ENGINEER Ot ARCHITECT 

Buttrick White & Burtis 
475 Tenth Avenue 
New York, New YqEMffi^S^ 



TELEPHONE NO. 

.(21 2) 967-3: 




UCINW NO. 

014896 



SEND COUCSPONDENCC TOi 

(NAME A ADDRESS OT EMPLOYEE IN CHAJtOE OP WORT) 

Mr. Norihiko Shimizu 
Shimizu America Corporation 
805 Third Avenue 
New York, New York 10022 



TIL IP HON I NO. 

(212)935-6680 



APPLICANT'S NAME (AS IT APPEARS ON LEASE OR PERMIT) 

Yamaichi International (America). Inc. 



I htTI SUP* 

th« •ntlr* w<rk 
conform to fb« 
ntncM, r*a 
ptllty la r 
and ■tructu 
would b* 
corporation 



TIS1CATION 

nd ap*ctflca.tlon* (or 
•rafey certify tbtt tb.ay 
ctlvV •na.ctmanta. ordl- 
City, towo or munlcl- 
a,ne* of bulldlnca 
d fWa protection which 
y war* «. prlvtta 



■Y (SIONATUat Of AUTHORIZED REP.) a 1 TITLE OAT1 



STONATURE Of LICENSED 




DATE 

7 k?l w 



PART TWO: Prepared by Port Authority and returned to applicant 

The above Application is Q Approved fj Disapproved. Subject to the following conditions: 
The Contractor by signing below agrees to all the terms and 
conditions on this application and on the reverse side 
thereof, including #5 irideranifyirig the Port Authority and 
further agrees to be bound by all riders and schedules 
attached to this application. 



Signature: 

Contractors Name 




Address 



Shimizu America Corporation 
R05 Third Avpnne.NYC.NYlOOi 



Continued on Rider'A' 



Signature of^Off X 
"B>f "C" IF" V 



/Partner: 



Please advise the undersigned in writing, when this work has been Completed. 
The Port Authority of New York and New Jersey 
t>AT! 




date 



■J 



INSPECTED IY 



/ / 



i 



r- 



TITLE 




_ _ , y /director for 
Pri y s i cJa 1/Fa c i 1 i t ie s , 



DATE 

I fr/ff 



World^Trade & Economic Development 



M'lTKICR HIHTK&MIKTIS 



YAMAICHI INTERNATIONAL (AMERICA) INC 
98TH FLOOR WORLD TRADE #2 PHASE II 
DRAWING LIST 
AUGUST 1, 1988 

ARCHITECTURAL 



A.I 


Title Sheet 


August 


1, 


1988 


A. 2 


Floor Plan 


August 


1, 


1988 


A.3 


Reflected Ceiling Plan 


August 


I, 


1988 


A. 4 


Access Floor Plan 


August 


I. 


1 QOO 


A. 5 


Floor Cell & Core Plan 


/\UgUSl 




1 QOO 


A.6 


Equipment and Furniture Plan 


r\ U g USl 


i 


1 700 


A. 7 


Partial Plans and Interior Elevations 


A m n not 

f\ UgUSl 




1 Oft 8 
J Voo 


A.8 


Interior Details 


August 


i , 


1 QDO 

i ytss 


A.9 


Schedules & Miscellaneous Details 


August 


I, 


1988 


PLUMBING 








P98-I 


Plumbing Plan, Symbols & Notes 


August 


i 

i , 


1 QOO 


P98-2 


Riser Diagram & Details 


August 


i 

l > 


1 08 C 
1 yoo 


SPRINKLERS 








SP98-1 


Sprinkler Plan 


August 


i 

i , 


1 QK R 
lyoo 


SP98-2 


Sprinkler Symbols, Notes & Details 


August 


i 


i y o o 


MECHANICAL 








M98-1 


HVAC Removal Plan 


August 




1988 


M98-2 


HVAC Ductwork Distribution Plan 


August 




1988 




No Drawing M98-3 


August 




1988 




No Drawing M98-4 


August 




1988 


M98-5 


HVAC Ductwork Details 


August 




1988 


M98-6 


HVAC Equipment Schedules and Piping Details August 




1988 


ELECTRICAL 








E98-I 


Symbol Notes & Details 


A ugusi 




1988 


E98-2 


Lighting Plan 


August 




1988 


E98-3 


Power Plan 


August 




1988 


E98-4 


Signal Plan 


August 




1988 


E98-5 


Telephone Plan 


August 




1988 




No Drawing E98-6 


August 




1988 


E98-7 


Panel Schedules 


August 




1988 



fes 



QCC 



PRODUCER 



.- j" T£ c/w.'DD.'YY 

7/6/88 



Harsh A hcLennan, Incorporated 

1221 Avenue of tlse Americas, 10th fl 

New York, UY 10020-1011 



THIS CE : -.Ti r fC KM I' :EPJED AS A MATTER OF Nro*y i ': jOm UNL> AND CONFERS 
*0 jHTI L'^O'-' 7^" CFRTIF IC> T£ HOLDER. 7 HIS CL « : i> 1L » ' i DOES NOT AMEND 
EmFKL: OR KL'Ls ~t nt COVtRAGf. AFFORDED BV II'. PO,_;C.Si b£.LOW. 



COMPANIES AFFORDING 



^rrT^ N ' Tokio Marine £ Fire Inr.iir-Mir.p Co., Ltd. 



trji insured 

Shini £u Aneri cs Corp. 

|g 375 Pnrk Avenur, Suite HO.* 

j*f Hew Yor'K, rlY 10152 



1 irTTEn ti 



C0I>' w a::v 




LCnFR 


c 




D 


I TITER 





COMPANY p 

LFnrn c 



THIS IS TO CERTIFY THAT POLICIES OF INSURANCE LISTED BELOW HAVE OEEN ISSUED TO THE INSURED NAMED ABOVE FOR THE POLICY PERIOD INDICATED. 
NOTWITHSTANDING ANY REQUIREMENT TERS' On CONDITION OF ANY CONTRACT OR OTHER DOCUMENT WITH RESTCCT TO WHO-: THIS CERTIFICATE WAY 
BE ISSUED On KAY PERTAIN THE INSURANCE AFFORDED DY THE POLICIES DESCRIBED HFPEIN IS SUBJECT TO ALL THE TERMS, EXCLUSIONS. AND CONDI- 
TIONS OF SUCH POLICIES. 



TYPE OF INSURANCE 



POLICY Wl/MOER 



po:i:> fftriM 



I lABILll Y LIMITS IN THOUSANDS 



*>GG«EG* 



GENERAL LIABILITY 

COMPREHENSIVE fORM 

PRE I.',I3E5-'0?E RATIONS 
UNDERGROUND 

L"XPlOSIO': f. COLL'TO »:C(.'<, 

PRODLaycouFann.' u^RATior 

CONTRACTUAL 

IND-PEKDE.KI COrClftACTORS 



CLL Co 1011 i 



3/27/GB 



3/27/&S 



BODIL Y 
INJUR* 



-4 

-T BROAD FORM PROPERTY DAI.'.A&E 
PERSONAL irjJURY 



pnOPFmi 



HI t '"J 
COMBINED 



l.OOCjr; 1,0£ 



PERSONAL iNjUR'i 



1.0! 



AUTOMOBILE LIABILITY 

A\'Y AUlO ; 

ALL OWNED AUTOS (PRIV PASS ) i 

ALL OWNED AUTOS ( p^J VtSS ' ) ' 

HIRED AUTOS i 

NOr.-O'.Vr.'-D AUTOS ; 

garage uahility 



Cm ^ " 100 f) ■■ 



3/27/3? 



3 /27 / ftn 



6.T1 • 



IfL'O.' | 



•cov.3-'.:rjc. 1,000 



EXCESS LIABILITY 
A Ul'.BRELL'- r 0 ? '-' 

; I c-e- Tni'. u?.'5 c ::.- : o^. 1 



■ m r-o 10112 



3/27/86 3/27/C9 .^•■^ _ $ 5,000,,- 5,0 



WORKERS' COMPENSATION 
AND 

EMPLOYERS' LIABILITY 



UCS IC2S9 39 



OTHER 

Builder' s Risk 



IM 2612117 



3/27/SB 3/27/R9 



7/1/86 7/1/69 



S 1,000, 



description of OPERATiDNS'LOCAHOJ.S'.'zHi'Ji-Ei'S^ECiA^ itev.? The Certificate Holder is included as Additional ] 
« for office renovations project for Yamaichi International (America), Inc. r.t Two ^ or 1(3 Trat 
p Center, 95th, 96 t!i and 95 th floors, lieu York, IIY 10046- 



TV 



The Port Authority of \Vi and KJ 
Gunnar Olsen, Jr., P. A. 
One Path Plaza 
.lersey City, tU 07306 



SHOULD ANY OF THE ABOVE DESCRIBED POLICIES BE CANCELLED BEFORE THE f 



PIRATIOJL DATE THEREOF. THE ISSUING COMPANY WILL ENDEAVOR 
MAIL ^ DAYS WRITTEN NOTICE TO THE CERTIFICATE HOLDER NAMED TO T 
LEFT. BUT FAILURE TO MAIL SUCH NOTICE SHALL IMPOSE NO OBLIGATION OR UABIL 
OF ANY KIND UPON THE COMPANY, ITS AGENTS OR REPRESENTATIVES. 

-3 



I AUTHORIZE 



TENANT CONS I HUC 7 ION OR At 1 ERA T ION APPLICATION 



H I 0 £ R "A" Revised February 1986 



ADDITIONAL IfcRMS AND CONuITlONS: 

A. The aqrermf?nt between the Applicant and any muter la Iman. contractor or subcontractor shall contain 
the FqI lowing provisions: 

1. Ihgt the Contractor shall arrange with the Port Authority's Construction Division for scheduled 
use or materlol elevaturs hours In advance or required use. 

It is presently anticipated but not guaranteed that the elevator cars used Tor hoisting ulll 
be mode available to the Contractor dining normal working hours, 6:00 A.M. to *<:30 P.M.. Monday 
through Friday and outside normal wurking hours, at such times bs they are available. The 
assignment of such cars during the Contractor's normal Bnd overtime hours ulll be on a first 
crime - first served basis in accordance uiLh a schedule which will be determined by the Con- 
struction Division on a w<?ck-to-wcek basis, approximately hours in advance of usage. 
Contractual commitments i.ilt.h others have been made and will be made during the period when 
deliveries ere to be made hereunder. No representation is made that these cbts ulll be made 
available tn the Contractor on specific dntcs or at any given time either during or outside 
normal working hours. 

After mnkiiu] such arrangements and heing assigned elevator hours for deliveries, the Contractor 
shall pay for all the assigned time plus usage in excess of such assigned time at the following 
rates: 

a) I or the Hrr.L hunr nr part thr/rocif. 0 minimum nT J75.00 per hour, per car during normal 
working hours, and $150.00 per hour, per car during other than normal working hours. 

b) Tor each subseciuent. hair Injur or portion therenr, n minimum of $37.50 per half hour per 
r.ar during normal working huurs; $75.00 per half hour per car during other than normal 
hours . 

2. That upon nul.ice from the I'nrL Authority, t.ne Contractor shall halt any and all construction 
whinh in tf'e opinion nf the Pert Authority not nr i.mu!d not be in conformity with the 
apnrnved Contract Documents and thnl cm is L met inn will not proceed until the Contractor's 
pruposal Lo correct the wurk and procedures have been approved by the Port Authority. 

3. That the Contractor si ml 1 daily clean up all refuse, rubbish, scrap materials and debris caused 
hy his operation; that at nil times, the construction site shall present a neat, orderly and 
workmanlike appearance. The Contractor shall remove and deposit the above refuse, rubbish, 
scrap materials and debris into containers (capacity one-half (1/2) cu. yd.) centrally located, 
which will tie supplied and emptied hy the Authority at a charge to the Contractor of $38.00 
uer half cubic yard. 

If thir I'nritractnr fails to pjnee the refuse, rubbish, scrap materials and debris on a daily 
be^is into such containers, then the Authority shall authorize others to perform these removals 
and the ens I thereof shall he backdinrncd to the Cnnt ractor . These backchrjrges ulll be as 
determined by the Authority. The removal ar> described above shall be accompl ished without 
storing excess qunntities of nuy refuse, ruhnish. scrap materials and debris of any sort 
r-esulting Trnm the removal operations. Npwci/er. it shall be the Contractor's responsibility 
to advisE the Authority when he requires containers. 

That the Cunt rod or phnll compensate the Port Authority at the rate of Eight Dollars ($8.00) 
ner hour (or port inn thereof (minimum nf four (U) hours) provided by a uniformed guard In con- 
nection with maintaining security in a tenant area adjacent to, over or under the premises 
covered by this -Tpprovcri Application due to wurk required under this Application during the 
absence of any representative uf that Lenant or the requirement of that tenant that a guard 
he provided in his area. 

5. That the Applicant shall withhold pnyment to the Contractor of at least ten percent (10%) of 
the contract cost until the Applicant receives the certificate of completion from the Port 
Authority Indicating that the work has heen completed In accordance with the terms and con- 
ditions of the Application and that all claims by trie Port Authority for services in connection 
with inspection of the uur 1 -., hoisting, cleanup nr any other claims deemed appropriate by the 
Port Authority have been satisfied; and that the Applicant, out of such monies withheld, will 
have the right and shall compensate the Port Authority for such claims. 



Prior to execution of any agreement between the Applicant end a Contractor, subcontractor or 
materialman, the tenant shalJ submit their name, address and a telephone number. In no case shall 
the Applicant enter Into any agreement for work on the premises with any contractor, subcontractor, 
or materialman who has not been B pproved In writing by the Port Authority for such work. 

1 ill s Application shall be df?emed withdrawn hy the Applicant In the event performance of the work 
covered hereunder hns not bren commenced within one (1) year after the approval date as shoun In 
the lower right corner of this Application. In such event, the Applicant shall not commence per- 
formance of any mirk urn.il the Applicant has submitted a new application to the Port Authority far 
Its aporuval and has received a copy of such application duly signed In Part Two thereoT on behalf 
of the Port Authority. 

The Applicant shall compensate the Port Authority for each hour provided by a field engineer in 
connection with the periodic inspection of the tenant construction Bt the rate of Thirty-Five 
Dollars ($35.00) per hour (or portion thereof) during normal weekday working hours between 8:00 
P.M. and t«:30 P.M. Bnd Sixty DoIIbts ($60.00) per hour (or portion thereof) during other than normal 
working hours between 4:30 P.M. and 8:D0 A.M. and ell hours on Saturday end Sunday, 

Effective February 17,1906 the Port Authority will charge fees for the review of Tenant Alteration 
or Construction Applications as per the following schedule which represents fees similar to those 
of New York City for filing alteration plans In privately owned buildings. 



CONSTRUCTION DOLLARS 



DOLLAR VALUE OF FEE 



Up to 
$ 1 , 000 



$ 1.000 



55.00 
75. OD 
95.00 
T15.00 
135.00 



2.001 
3,001 
l*,001 



2.000 
3,000 

5,000 



Over $5. ODD 



*Jn excess of S5.000, the fee Is $135.00 plus $10.00 per $1,000 or fraction thereof above 
$5,000. 





Afipl leant 



Date 




RIDER "B" 



CLAIMS OF THIRD PERSONS 

The Contractor undertakes to pay all claims lawfully made against him by subcontractors, 
materialmen and workmen, and all claims lawfully made against him by other third persons aris- 
ing out of or in connection with or because of the performance of this Contract and to cause 
all subcontractors to pay all such claims lawfully made against them. 

If the Contractor falls to pay any such claim lawfully made against him or any subcontractor 
falls to pay any such claim laufully made against him or if in the opinion of the owner any 
of the aforesaid contingencies Is likely to arise, then the owner shall have the right, in its 
discretion, to withhold out of any payment (final or otherwise and even though such payment has 
already been certified as due) such sums as the owner may deem ample to assure the payment of 
such claims and to apply such sums in such manner as the owner may deem proper to sotisfy 
such claims. All sums sd applied shall be deducted from the owner's compensation, omission 
by the owner to withhold out of any payment, final or otherwise, a sum for any of the above 
contingencies, even though such contingency has occurred at the time of such payment, shall 
not be deemed to indicate that the owner does not intend to exercise its right with respect 
to such contingency. Neither the above provisions for rights Df the owner tD withhold and 
apply monies nor any exercise or attempted exercise of, or omission to exercise, such rights 
by the owner shall create any obligation of any kind to such materialmen, subcontractors, 
workmen or other third persons. 

Until actual payment to the Contractor, his right to any amount to be paid under this Contract 
(even though such amount has already been certified as due) shall be subordinate to the rights 
of the owner under this numbered clause. 

NO PORT AUTHORITY OBLIGATIONS 

No obligations or liabilities to the Contractor are assumed or intended to be assumed by the 
Port Authority. 



(A) The Contractor shall indemnify and hold harmless the Port Authority, its commissioners, 
officers, agents and employees, against and from (a) the risk of injuries (including wrongful 
death) or damage direct or consequential, to it or them' or to its or their property, arising 
out of or in connection with the performance of the work, and (b) the risk of claims and 
demands by third persons, arising or alleged to arise out of the performance Df the work, 
whether such risks arise out of acts or omissions of the Contractor dt the ouner or their 
Contractors, The Port Authority, or otherwise. 

(B) If so directed, the Contractor shall at Its own expense defend any suit based upon any 
such claim or demand (even if such suit, claim or demand Is groundless, false or fraudulent), 
and in handling such it shall not, without obtaining express advance permission Trom the 
General Counsel of The Port Authority, raise any defense involving In any way the jurisdiction 
of the tribunal over the person of the Port Authority, the immunity of the Port Authority. 

its commissioners, officers, agents or employees, the governmental nature of The Port Authority 
or the provision of any statutes respecting suits against The Port Authority. 



INDEMNITY 





RIDER "C" 



Revised July 19BB 



tenant: yamaichi International 
Contract utc 578-972 

ft. GENERAL REQUIREMENTS: 

1. a. The UTC Planning Coordinator for this T.A.A. is John Picone 

located Bt 1 UTC, Suite 62 East. Tel. (212) 313-2002 
b. The UTC Construction Supervising Engineer for this T.A.A. Is Charles Serge 
located at 1 UTC, Room 3861. Tel. (212) 313-2268 

2. In case of start of construction via an approved T.A.A. or otherwise. It shall be the responsi- 
bility of the Tenant or his Consultant to comply ulth any additional requirements resulting from Port 
Authority review. 

3. Only the Contractor uhose signature appears on this Application and his sub-contractors mill 
be permitted to begin uork at the construction site after approval of his Certificate of Insurance. 
Any other Contractor who may be required to perform work under this Application uill not be permitted 

to work at the construction site until he provides a separate Certificate of Insurance which is approved 
by the Port Authority. 

t<. The Contractor shall notify the l/TC Construction Manager and the Manager of UTC Operations, 
or their designated representatives, regarding any request for shutdoun of base building utilities unich 
uill cause Interruption of services in other areas of the building. Si'ch request must be delivered to 
the Manager, UTC Operations, at least seven (7) working days prior to the requested shutdown and shalL 
be subject to the final approval of the Manager, UTC Operations. 

5. All arrangements for temporary utilities, garbage removal, elevator services, etc. are the 
responsibility of the Contractor. 

6. The Contractor shall at no time overload the freight elevators with his materials. Further. 
in order not tD create an unsafe condition, he shall notify the Port Authority Inspector whenever the 
weight of the materials will exceed 50% of the capacity of the elevator. In such cases, the Port 
Authority Inspector will make arrangements to have the elevator maintenance personnel temporarily support 
the elevator cab to prevent It from being out of level during loading as a result of cable stretch. 

The Contractor shall reimburse the Port Authority for the cost of UTC Operations maintenance personnel 
at the rate of $15. OD per hour (normal time) or S55.DD per hour (premium time). 

7. The approval of structural Shop Drawings is the responsibility of the Tenant's Consultants. 
Approved copies of same shall be submitted to the UTC Planning Coordinator for record purposes. 

B. The Contract Drawings duly approved by UTC Planning and Shop Drawings approved by the Tenant's 
Consultants shall be the only drawings useo for construction. 

3. All work under this T.A.A. uill be subject tD Port Authority inspection to ensure that it is 
In conformance ulth approved Contract Drawings, Specifications and Shop Drawings. 

10. Upon completion of this work, one (1) complete set of reproducible Contact Film, wash-off type 
"As Built" drawings (drawings should not be folded), conformed Specifications, all Shop Drawings, catalog 
cuts, etc.. must be submitted to the UTC Construction Supervising Engineer, uho uill sianp them to con- 
firm their authenticity and forward same to the UTC Planning Coordinator. The Contractor shall itemize 
these documents on an index form to be obtained from the UTC Construction Supervising Engineer prior 

to submittal. 

11. The Tenant and his Contractor shall plan and conduct all their operations as to work in harmony 
with others engaged at the construction site and not to delay, endanger or interfere with the operations 
of others. 

12. The Port Authority maintains a stock of certain Uorld Trade Center standard materials which 
the Contractor may purchase. A complete list of available materials is obtainable from Ms. M. Singleton, 
UTC Planning. 1 UTC, Suite 62 East, Tel. (212) t-66-7305. 



LEASE NO. U7- 1252A - B-98 
TENANT ALTERATION APPLICATION ND. 4128 
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13. It 1b the responsibility of the Contractor to return all UTC Building Standard attic stock 
materials to be Balvaged as specified and directed by the Port Authority Inspector. 

W*. Submit affidavits attesting to the fire retardancy of all wood construction prior to instal- 
lation, per Section 27-328 of the New York City Building Code to the following Port Authority personnel: 
one (1) copy to the UTC Construction Supervising Engineer or to the Inspector representing him in the 
field: and one (1) copy to the UTC Planning Coordinator. 

15. The following criteria shall be adhered to for all new electrical/telephone outlet coring of 
floor slabs in any World Trade Center building: 

3. Cored holes shall be a minimum of 16 inches center to center between all new and/or 

existing cored holes, including those abandoned and filled with concrete. Cores shall V 
be of four inches C*" ) maximum diameter. 

b. In One and Two World Trade Center, coring along the exterior wall shall be a minimum of 
5'-0" from the inside face of the exterior columns. However, cores will be permitted 
within the induction units providing they are of four Inches (i«") maximum aiameter. Cores 
uill hot be permitted along the following locations: from a point starting 31 feet from 
the face of tne exterior columns to the end of underfloor cells 217.5, 233.5, 2^2.5, 
1.17.5, and UL2. 5; from a point starting 61 feet from the face of exterior columns to the 
end Df unoerfloor cells 227.5. 232.5. 1.27.5, and 1.32.5. (Cell numbers referred to herein 
are based upon the exterior column numbers, e.g.. Cell 217.5 is situated between Columns 
217 and 218). 

c. The Tenant shall submit to the Port Authority a scaled core drawing with all Tenant Alter- 
ation Applications that require coring to be performed. The drawing (s) shall encompass 
the entire demised leasehold where coring work is extensive. Each cored hole shall be 
identified as to new. existing, active, abandoned, abandoned and filled, etc., ana they 
shall be located with dimensions. Sizes of cores shall also be indicated. Where coring 
Is required in conjunction with a Tenant Alteration Application of a minor nature, ad- 
jacent existing cores shall be identified and located by dimensions on the core drawing. 

d. All floor outlets to be removed or abandoned shall have all power wiring and cables re- 
moved back to the header duct. If the wires and cables are PUC-insulated , all wires and 
cables must be removed back to the panel. The afterset fittings shall be removed by 
coring. An approved steel plate shall be installed over the 2" diameter hole above the 
P/T cell. Tne existing diameter cored hole in the concrete slab shall be filled with 
concrete. A second steel plate snail be inserted into the concrete hole approximately 
1/2" below the too of the slab. The filled hole shall be adjusted to grade. 

e. Unen removing unused or abandoned communication cables, the cables shall be removed from 
the cells all the uay back to tne binding posts in the Telephone Closets. 

16. Core drilling and the shooting of studs into slabs, etc. with the use of power actuated fast- 
eners, pneumatic and electrical hammers, or any other noise producing eaulpmen*., shall be permitted only 
between the hours of 6:0,0 P.M. and B:00 A.M. Further, an observer is required on the floor below to 
check for water leakage during the core Drilling operation. In the event the Contractor is engaged in 
any other "noisy" operations which disturb adjacent Tenant's operations, the Port Authority, at j ts sde 
discretion, may reouire the Contractor to perform said "noisy" operations ouring non-business hours. 



17. in the event the Contractor's work will affect the activation of smoke detectors or other warn- 
ing devices, the Contractor shall request the uTC Construction Inspector to have UTC Operations main- 
tenance personnel deactivate such devices. During the deactivation period, tne Contractor shall prsvjoe 
Qualified personnel to look for any unsafe conditions and contact the appropriate autnorized personnel 
to take the necessary action as directed by tne UTC Construction Inspector. Upon termination of above 
stated work conditions, the Contractor shall reauest the UTC Construction Inspector and UTC Operations 
maintenance personnel to activate the smoke detectors and other warning devices. The Contractor shall 
reimburse the Port Authority for the cost of providing UTC Operations maintenance personnel at the rate 
of Si.5.00 per hour (normal time) or S55.00 per hour (premium time). 
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IB. LIFE SAFETY SYSTEMS 



a. The Tenant's Consultant responsible for the preparation of Contract Documents shall pro- 
vide wiring diagrams, installation procedures and applicable Shop Drawings for all neu 
and existing life safety systems to be modified. The drawings shall indicate locations 
of cable terminations, sequence of operation, and specifications of all tne component 
parts. All tne life safety systems shall be connected to the World Trade Center Multiplex 
System. The applicable systems shall include but not be limited to smoke detection, pre- 
ection systems, and Halon. The documents reoulred herein shall be submitted for Port 
Authority review at the time that other reauired Tenant Alteration Application documents 
ore submitted. 

b. The Contractor shall perform preliminary testing of all fire and life safety equipment 
and systems to ensure that each component of every system functions in accordance with 
the approved Contract Documents, including but not limited to all wiring and connections, 
flou alarms, tamper alarms, electrical controls, smoke detectors, automatic dampers, 
interlock devices, air testing of piping, and otner testing as directed by the Port 
Authority. An approved substitute for Halon. e.g.. air carbon dioxide, or other inert 
gas, or a suitable Freon may be used as a test medium during the preliminary testing of 

a Halon installation. All preliminary and final testing shall be performed in tne pre- 
sence of subcontractor's personnel and Port Authority staff as required by the UTC Con- 
structlcn Supervising Engineer. 

c. Any fire safety work, including but not limited to smoke detectors, sprinklers, Halon 
systems, etc.. shall be completed end operational prior to the Tenant occupying the pre- 
mises. Occupany may be permitted prior to completion of such work if approved by the 
Port Authority. In such instances, the Tenant must maintain a fire watch on the premises 
during the time that the premises remains unattended. 

d. Prior to occupancy of the premises and prior to issuance of a Certificate of Completion. 
the Tenant shall furnish to the Port Authority Coordinator. Fire Safety Programs, a copy 
of an executed Agreement between the Tenant and a Contractor uho shall be responsible 
for inspection and maintenance as required by the Neu Ycrk City Fire Prevention Code of 
each neu and/or existing tenant life safety system, inducing but not limited to smoke 
detection, pre-action sprinkler systems and Halon suppression systems. This Agreement 
may not be cancelled, terminated, or modified uithout written advance request to the Port 
Authority . 

The Agreement between the Tenant and the Contractor shall provioe that the Contractor 
is approved by the City of Neu York to perform such maintenance and inspection functions; 
that the Contractor will furnish copies of all periodic tests to the Port Authority Coor- 
dinator, Fire Safety Programs; that the Contractor will furnish copies of any renewal 
agreements at least 15 days prior to expiration and will notify the Port Authority Coor- 
dinator, Fire Safety Programs, in the event that the Agreement has been cancelled. 

19. The Contractor shall mark the locations of smoke detectors installed aoove ceilings with 
colored push-pins on the underside of the ceiling tiles. The pins may be obtained from UTC Operations 
at the B-Z Level. For smoke detectors located below the raised floors, the Contractor shall mark their 
locations with distinctive colored push-pins on the ceiling directly aoove the detectors or mount on 
tne wall uithin the room, a partial floor plan showing the raised floor area with dimensioned locations 
to each smoke detector. 

ZD. It is. required that existing demising walls be checked for penetrations and sealed to restore 
their fire rating. In aodition, all existing structural steel fireproofing must be Datched where mate- 
rial is missing, as reauireo by the Construction Manager. The materials used for sealing penetrations 
and patching fireproofing shall be as approved by the Port Authority. 

21. It shall be the responsibility of the Tenant to see tD it that thp following requirement is 

met : 

All electrical uork to be performed, including all electrical devices to uhich or 
from which any electrical connections or disconnections are to be made, shall Oe 
shown on the Electrical Drawings. 

22. The Contractor shall remove all electrical devices, including all conduits and wiring specified 
on the drawings, to be no longer in use. 
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23. Materials containing PVC will not De permitted In any permanent construction except for car- 
peting and underlayment. 

2U. The Tenant's Consultant snail submit, for review and approval by tne Port Authority, catalog 
cuts for all new electrical panels and new circuit breakers uhich shall indicate that they are U.L. 
listed. In addition, whenever circuit breakers ere to be installed in existing panels, or in panels 
not made by tne circuit breaker manufacturer, such circuit breakers shall be U.L. classified for use 
in load centers end paneiboards manufactured by others. 

25. The Contractor shall not perform any construction, hook-up, demolition, etc.. at any location 
other than within the physical boundaries of tne construction site as shown on the Contract Drawings 
amended to the Tenant Alteration Application. For any work not specifically shown and noted on the 
approved Contract Drawings and which is outside of the construction site, ana the scope of wnjch is port 
of the approved Tenant Alteration Application, the Contractor shall submit tD the Construction Super- 
vising Engineer named hereinbefore the exact routing to be folloued in tne performance o< tne Uark . 
The routing shall then be evaluated by the UTC Asbestos Control Section to determine if any asuustus 
is present and if It might be Disturbed. 

B. SPECIAL REQUIREMENTS: (The following Items No. 26 thru 36 are not applicable to 

Communications Systems installations) 

2b. All permanent locksets, keying, etc., must be of the "Coroln" system and must conform with 
Port Authority requirements regarding stamping end keying of master ring cylinaers having tne Port 
Authority keyway. It is required that the Tenant purchase all their cylinders from tne Port Authority. 
The Contractor must contact the WTC Locksmith Shop. 1 UTC, 8-2 Level, Rm. 125, Tel. i.66-3182. 

27. Only thermostats manufactured by Honeywell shall be installed in the peripheral huac system. 
When required, these thermostats are to be submitted to WTC Operations' Mechanical Sectinn. 1 uTC. B-? 
Level, Rm. 109 for recaiibration to UTC temperature standards. 

28. Upon completion and testing of the HUAC Systems, three (3) copies of the Balancing He-port must 
be submitted to the WTC Construction Supervising Engineer. Onr (1) copy snail be sent to the ulC 
Planning Coordinator. " ( he testing must be performed in the presence of a WTC Construction inspector. 

29. Whenever equipment using condenser water is installed, the Contractor shall submit tne fol- 
lowing information to the WTC Planning Coordinator: 

a. A copy OF the Name Plate Data for each A/C unit, including but not limited to tne nane 
of manufacturer. Model No., Serial No., and the rated capacity in BTU/Hr. or tons. This 
Information shall be verified by the WTC Construction Inspector after installation is 
complete^. 

b. Catalbg cuts, operati n g manuals, ana/or other documents which describe all trie operating 
characteristics of each A/C unit. 

c. The information requested in the foregoing sub-paragrapns a. and b. of mis nunoered para- 
graph must be complied with pripr to activating the System. 

30. The following signage requirements shall be complied with by the Contractor: 

a. All Dpen^enoefl pioing terminating at a Janitor's Service Closet, i.e., HUAC condensate 
drains, sprinkler system drains, or other similar drain points, shall have durable signs 
securely affixed to the piping to identify the source of waier Dy snoaing 7enant's na.^e 
and system. 

b. All tenant connections to the world Trade Center Conaenser Water or ot^er similar auxi- 
liary systems snail have auraDle signs uhich identify the tenants. Tnese sic,rs shall 
be securely affixed to the piping at the point of connection, 

c. All tenant stanppipe or sprinkler systems shall have durable signs installed at all flow 
test connections uhich instruct the Inspector to notify the World Trade Center's Oper- 
ations Desk at I.G6- 1*161. prior to the start of any system tests. 

31. Whenever the Support system for any suspenses ceiling is to De altereo cr replaced as a result 
of any uork authorized by this Alteration Application, the Tenant's Architect or Engineer whose seal 
apoears thereon, shall provide details of the ceiling support system which conform to the standards set 
forth in the applicable Section of the Neu York City Building Code. 
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32. Audibility or the Fire Alarm Communications System must be maintained as required by Sections 
27-972 and Z7-975 of the New York City Building Code. 



a. A preliminary audioillty test of the existing Fire Alarm Communications System shall tte 
done in thF presence of U1C Construction. Operations, the Contractor and a Tenant repre- 
sentative prior to corrmencement of any work in the ceiling. If the results of this preli- 
minary test find the audibility unsatisfactory, the Port Authority will take corrective 
action. If the results are satisfactory, no action is required by the Port Authority. 

b. After construction is completed, and as port of the final inspection, an audibility lest 
must be performed in the presence of e UTC Construction inspector, ir the test results 
are unsatisfactory, it is then the responsibility of the Contractor to correct the problem 
with additional speakers and/or amplifiers as required. 



33. If sprinklers arc being installed, four CO black and whites and ont (1) reproducible coin' 
af Snap Drawing (s) and Hyoraulic Calculations stomped "Approved" by the Tenant's Consultant, must de 
submitted to the UTC Planning Coordinator to obtain final concurrence by the Inspection & Safety Division 
of the Port Authority. 

31*. The Tenant shall insulate those 17" x B" supply ducts that are parallel with the north and 
south exposures in 2 UTC and the east and ucst exposures in 1 UTC. A copy of the criteria for this won- 
entitled. "SUPPLY DUCT INSULATION SPECIFICATION", dated June 8. 19B3 can pe obtained rrom the UTC 
Planning Coordinator. 

35. No Tenant shall connect tD UTC Base Building pneumatic control piping. If pneumatic controls 
are required, the Tenant shall provide his oun compressor. 

36. All customized public corridor signage, including door logos, shall be submitted to fie Port 
Authority for approval prior to fabrication and/or Installation. 

37. The drawings dated or revised dated as referred to on the Application Form are the on] y draw- 
ings released for construction by the approval of this Tenant Alteration Application. Adoitional draw- 
ings or the above mentioned drawings ulth new revision dates are not approved for construction unless 
approved in a writing which is signed and issued by the UTC Planning Coordinator named herein. No other 
drawings are permitted to be used on the construction site. 



C. ADDITIONAL REQUIREMENTS RESULTING FROM THE REUIEU OF CONTRACT DRAUINGS AND SPECIFICATIONS 
BY THE POrtT AUTHORITY: 



INITIALED: 
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RIDER "F" 



The Applicant shall not commence performance of any of the said 
work prior to the receipt by Applicant of a copy of this application duly 
signed in Part Two hereof on behalf of The Port Authority of New York and 
New Jersey. Upon receipt thereof, the Applicant and Contractor agrees to 
perform said work in accordance with the follouing "Information to be 
Furnished by Applicant" and to comply uith and be bound by all requirements 
and conditions set forth below under the remarks, if any, in Port Two hereof 
and the terms and conditions set forth on the reverse hereof and any Riders 
attached. 

Minimum Insurance Limits Unless Specified to be Greater - Bodily 
Injury 52,000,000 each person; $2,000,000 each occurrence; Property Damage 
5500,000 each accident; $500,000 aggregate. 



5. The Applicant and Contractor shall indemnify and hold harmless 
the Port Authority, its Commissioners, officers, agents and employees, 
against and from (a) the risk of any and all claims of injuries (including 
uTongful death) or damage direct or consequential, to it or them or to its 
or their property, arising out of or in connection uith the performance of 
the work, and (b) the risk of claims and demands by third persons, arising 
or alleged to arise out of the performance of the uork, whether such risks 
arise out of acts or omissions of the Applicant, its contractors, the 
Port Authority, or otherwise, except where indemnity would be precluded by 
New York State General Obligations Law. 



Terms and Conditions 



Initialed:/^ 





' Applicant 



Date 




THE PORT AUTHORITY OF NEW YORK & NEW JERSEY 



MEMORANDUM 



To: Mr. R. Linn, Deputy Director for Physical Facilities, WT & ED 

From: Arthur P. Coras 

Date: August 22, 1988 

Subject: VTC - ALTERATION APPLICATION ttW-4128 - YAMAICHI INT'L (AMERICAN), INC. 
2 VTC, 98TH FL. - INSTALL OF NEV OFFICES 

Reference: Review Request dated 8/3/88 

Copy to: L. Sanchez, A. Vaccaro Job Folder 

Chrono File 



A review of the material submitted with the referenced request for the 
subject application has been made. 

It is recommended that approval be given based on the items listed belov. 

It is recommended that approval to proceed be given subject to the 
submission of the items listed below being revised in accordance with the 
eight (8) requirements listed on the attached rider. 

Drawings: See attachment 

Specifications : Computations: 



REMARKS: 




Arthur P. Coras 
Manager 

Quality Assurance Division 



RAV/jb 
Att. 



ATTACHMENT 



ALTERATION APPLICATION fV-4128 



The following drawings are recommended for approval: 



Al 


dated 


08/01/88 


A2 


dated 


08/01/88 


A3 


dated 


08/01/88 


A4 


dated 


08/01/88 


A5 


dated 


08/01/88 


A6 


dated 


08/01/88 


A7 


dated 


08/01/88 


A8 


dated 


08/01/88 


A9 


dated 


08/01/88 


P98-1 


dated 


07/29/88 


P98-2 


dated 


07/29/88 


SP-98-1 


dated 


07/29/88 


SP-98-2 


dated 


07/29/88 


M-9B-1 


dated 


08/01/88 


M-98-2 


dated 


08/01/88 


M-98-5 


dated 


08/01/88 


H-98-6 


dated 


08/01/88 


E-98-1 


dated 


07/29/88 


E-98-2 


dated 


07/29/88 


E-98-3 


dated 


07/29/88 


E-98-4 


dated 


07/29/88 


E-98-5 


dated 


07/29/88 


E-98-7 


dated 


07/15/88 



082288 



RIDER 



ALTERATION APPLICATION #V-4128 



ARCHITECTURAL 

1. Dvg. #A-2. Closet #98.64 shall be classified as B-l storage occupancy 
requiring 3-hour fire rated enclosure as required per N.Y.C. Building 
Code, Table 5-2, except if B-2 occupancy can be justified based on the 
type of material to be stored or on the use of metal containers or 
cabinets for the storage of combustible materials. Code Section 
C26-301.4 and C26-33.1, Code Tables 5-1 and/or 5.2. 

2. Dvg. #A-8, Sections #24 and #25. Shov detail at connection of pendant 
studs to slab above. Provide BS&A approval calendar numbers for 
connection items. 

HVAC 

3. Dvg. #M98-2. Provide index for ventilation for each room or space, as 
required by the Nev York City Building Code, Section 27-182 
(C26-116. 3(a)(3). 

4. Dvg. #M98-5, Typical Duct Support Detail. Revise detail so that strap 
sizes and hanger spacings shall comply with Code RS 13-1, Section 
2-1.1.2.3. 

5. Specification Section 15860, Paragraph 1.02C. Revise specification to 
require that air filters shall either be Class 1 or Class 2 as required 
by Code RS 13-1, Section 2-4.1.1. 

FIRE PROTECTION 

6. Sprinkler piping vithin 15 feet of exterior vails shall be insulated. 
(World Trade Center requiremment) . 

ELECTRICAL 

7. Dvg. #E98-2. Verify that all emergency lights and exit signs are 
approved for use in Nev York City. N.Y.C. Building Code 
C26-106. 2(a)(2). 

8. Dvg. #E98-4. Openings around electrical penetrations through 
fire-resistance rated vails, floors or ceilings shall be firestopped 
using approved methods to maintain the fire-resistance rating. NEC 
Section 300-21. 



082288 



THE POOTAinHORriY^^ if r 



Memorandum 



To: 

From: 

Date: 

Subject: 



Arthur P. Coras, Manager, Quality Assurance Division 
Robert J. Linn 
August 4, 1988 

THE WORLD TRADE CENTER - YAMAICHI INTERNATIONAL (AMERICA) 



Refer To 


Date 


Noted By 


Date 










































Return To 


File 



T.A.A. NO. 4128 - INSTALLATION OF NEW OFFICES ON THE 98TH 
FLOOR, PHASE II - REVIEW OF CONTRACT DRAWINGS 
Work Order - L. Sanchez/P. Marchese, dated 8/3/88 
Messrs. F. Boyce, T. Cancelliere*, N. Chanfrau*, J. Chennisi , P. Cooper*, 
E. Daly, J. Duncan*, M. Glavicic*, J. Grismer, P. Marchese, 
N. Napolitano*, A. Preschle, L. Sanchez, C. Semah*, C. Serge*, 
A. Vaccaro, G. Wenger 
M. Singleton 



Ms. 



You are requested to reviev the attached Architectural, Plumbing, 



Ecbrv 
APC . 



*Tll 

Sprinklers, Mechanical and Electrical Drawings (see attached Drawing List)l__^- — - 
for Nev York City Building Code compliance and Port Authority Standards 
regarding construction details and specifications as they apply to Two 
World Trade Center. The written specifications submitted under T.A.A- No. 
4098, Contract WTC 578.964, Phase I of the 98th floor renovation, is ap- 
plicable in its entirety to the work above. 

The scope of work consists of general reconstruction of tenant 
space. Please note that this work will be performed under a Tenant 
Alteration Application at an estimated construction cost of $1 , 500, 000. 00 
(TAA Form attached). 

It is requested that all comments on the above drawings be 
returned to this office no later than August 25, 1988. By copy of this 
memorandum, all persons copied with attachments are also requested to 
submit their comments by the above specified date. It will be assumed that 
those offices not responding to this request by the specified date have no 
comments to offer. 

By copy of this memorandum, Mr. Frank Boyce is requested to 
immediately arrange for appropriate bulk sampling of the sprayed-on fire- 
proofing or insulation in the subject space and have it analyzed for the 
presence or absence of asbestos as expeditiously as possible. Please 
provide a report of your findings with a copy to the Engineering Department 
and the Inspection and Safety Division, who are requested thereby to 
include the necessary control measures in their comments. 

Should you have any quest ions^orr" thi-sona titer , please contact Mr. 
L. Sanchez on 466-8566 or Mr. N. Napolitano pn^W-7003. 

THE PORT AUTHORITY OF NY W 




QUALITY ASSURANCE 01V. 
fcNONEESMNG DEPT. 

AUG 121988 



REFERRED 10; 

NN:jr 




~Jor: Robert 0. Linn 

Deputy Director for 
Physical Facili ties 
World Trade & Economic Development 



BUTTRICK WHITE & BLRT1S 



YAMAICHI INTERNATIONAL (AMERICA) INC 
98TH FLOOR WORLD TRADE #2 PHASE II 
DRAWING LIST 
AUGUST I, 1988 

ARCHITECTURAL 

A.l Title Sheet August 1, 1988 

A.2 Floor Plan August 1, 1988 

A.3 Reflected Ceiling Plan August 1, 1988 

A.4 Access Floor Plan August I, 1988 

A. 5 Floor Cell & Core Plan August 1, 1988 

A. 6 Equipment and Furniture Plan August 1, 1988 

A. 7 Partial Plans and Interior Elevations August 1, 1988 

A.8 Interior Details August 1, 1988 

A.9 Schedules & Miscellaneous Details August 1, 1988 

PLUMBING 

P98-1 Plumbing Plan, Symbols & Notes August 1, 1988 

P98-2 Riser Diagram & Details August 1, 1988 

SPRINKLERS 

SP98-1 Sprinkler Plan August 1, 1988 
SP98-2 Sprinkler Symbols, Notes & Details -■- August I, 1988 

MECHANICAL 

M98-1 HVAC Removal Plan August 1, 1988 
M98-2 HVAC Ductwork Distribution Plan - - — August 1,^1988 

No Drawing M98-3 August 1, 1938 

No Drawing M98-4 August 1, 1988 

M98-5 HVAC Ductwork Details August I, 1988 
M98-6 HVAC Equipment Schedules and Piping Details August 1, 1988 

ELECTRICAL 



E98-I 


Symbol Notes & Details 


August 


1, 


1988 


E98-2 


Lighting Plan 


August 


1, 


1988 


E98-3 


Power Plan 


- - August 


u 


-1988 


E98-4 


Signal Plan 


~~ ' August 


I, 


1988 


E98-5 


Telephone Plan 


August 


1, 


1988 




No Drawing E98-6 


August 


1, 


1988 


E98-7 


Panel Schedules 


- August 


1, 


1988 



»A BJj 
•-7^ 



THE P0RTMJlM0ftnY(mEm3(^Q 

On* World Trade Cenw. New York. NY 10048 



ys^h^w^^i^^&s^r^ss ^ ^ par. 5 » 



For Port Authoritr m« onl? 



fACiurr 


WTC 


APP. NO. 


DATE 

/ / 


AP PLICANTI NAMf 



APPLICANT MUST READ THE TERMS AND CONDITIONS PRINTED ON THE REVERSE HEREOF 



AISO SEE ATTACHED RIDER "F' 



PART ONE: Information to be furnished by Applicant (Refer to your lease or permit for required information) 
Permission Is hereby requested to perform the following described work on the jpaoe occupied by the Applicant 



AT tfACIUTTl 



WTC 



DESCUPTION OP WOU AND SEASON 



PUKSUANT TO UIAU, SPACE PIlMir) 

NO. _ 

WT - 1252 



LOCATION (SUILOINO # Ot AUA) Of IP AC! TO H ALTERED 

Two Wo rld, Trade Ce nter. 98th Floor 



Installation of new offices on 98th Floor 



ESTIMATED COST 
Of WOK 



1,500,000.00 



ESTIMATED TIME 

TO COMPUTE (DAYS] 



90 



STAITINO 
DAtl 



/./ 



88 



completion 

DATE- 



12 ll I 



88 



plans: Prints of each drawing must be submitted with copies of application. Include floor plan and show area affected by pro- 
poteci work (size SX" x 11* or larger). 



TITLE OF DRAWING 



DRAWING NO. 



DATED 



See Attached Drawing List 

NAM* * ADOKESS OP CONTIACTOI UP NOT KNOWN. 3UIMIT LATEI) 

Shimizu America Corporation 
805 Third Avenue, 12th Floor 
New York, New York 10022 



NAM! 4 ADDtEU OP ENGINE!! Ot AKCHITCCT 

Buttrick White & Burtis 
475 Tenth Avenue 
New York, New Y qrJ^ma^ 



TELEPHONE NO. 



(212) 967-3^ 33 

LIUMU MO. I 



UCENM NO. 

014896 




UNO COtliSPONOENCt TO. 

(NAMI a AODIEU OP EMPLOYEE IN CHAJtOI OP WOIK) 

Mr. Norihiko Shimizu 
Shimizu America Corporation 
805 Third Avenue 
New York, New York 10022 



TIIIPHONI NO. 



APf LlCANT'S NAMI (AS IT APf EAU ON LtA. 

Yamaichi Internationa 


ii oi pcaMin 

(America), Inc. 


■T (JIONATUat OP AUTHORIZED ICPJ * 


Tim 

3.L<fi 


DATS 



KNQl 

lb* antlr« wirk 

conform to 
nincM, raat/lutl 
polity 
and atructu 
would ba *ppll 
corporation. 



TinCATION 



a paclfl cation* for 
carUI7 inat tb«r 
•a&c tenant a, ordl- 
. town or muolcl- 
anea of bulldlDg-a 
protection which 
war* a prlv&ta 



SIONAJUU OP LICI 



LICENSED 



DATS 



7 fW/ &r 



PART TWO: Prapcrod by Port Authority and returned to applicant 

The above Application is Q Approved fj Disapproved. Subject to the following conditions: 
The Contractor by sxgnLng below agrees to all the terms ard 
conditions on this application and on the reverse side 
thereof, including #5 indemnifying the Port Authority and 
further agrees to be bound by all riders and schedules 
attached to this application. 



Signature: 
ContractcVf^s Name 




& Mdress 



date 



Si 



of, 



Shimizu America Corporation 

AOS Third AvPnne.NYC.NY100& ContiDued 00 ^dcr'A' 



etc. 



/Partner: 

-7 Ml ft 

date 



Please advise the undersignod In writing, when this work has been Completed. 



The Port Authority of New York and New Jersey 


■v ■ 


INSPECTED IV 


DATE 

/ / ! 


title Deputy Director for 
Physical Facilities, WTD 


OATI 

/ / 



pa«2izt 



v-es 



TENANT ALTERATION REVIEW REQUEST 



V 



CHECK APPLICABLE ROUTINt) 



y/' I Enqtn— ring ( Q. - A • Q. ) {w/j) 



ROOM 
NO. 



5ie 



&3W 



L-^ANCwe-z. 



ControlOesk NsJ/tf*l t -7Xj*- (wAfazE 



62. e: 



C - be 



^ A M 



Description of Work: 

(3&tJ£/Z4rx~. Office CtrJSTru^-rn^J 



/S /', 5>o 



FACILITY 

APPLICANT'S NAME „ 
" -rf^ ? /A/ <~ 



APPL1CA' 



APPLICATION NO. 



DRAWING NOISI, 



DATE 



ft, * i-X 



It- l^ticuLuctte. vVf 0y«-tV/i)lB2.S 



I (-, . w'jr^J <a glr "pf f ,-i < near- p t y. tg^s 



^fiT You ire reoufited to review the aUacned application and forward your communis to: 

O Artacned are revised drawings. Please review only those items on twnicn exception was previously ta«er 
and send your comments to: 



Org. Unit 
No later than 



Room No. 



Contact 



Ext. 



A a <5r- 1 5~ / 9 Jc $ 1 ^'^[jX^ °" s flW'MAA q 



If no reply is received by above date, your concurrence will be assumed unless arrangement! have been 
made (or additional time for review. 



FOR USE Of REVIEWING DEPARTMENT 



COMMENTS; (Use reverie side if necaaryl indicate next to each commenr wtiether it is a condition or recommendation. 



R.i£V. 



/* jhffuc*&L& /V rrs fze t y To Tins toooc /b&^S&. 



THE PORT AUTHORITY OF N.Y.t N.J. 

TENANT CONSTRUCTION REVIEW UNIT 

RECEIVED 

AUG 0 2 1988 

L^R r Al1c^r^lCATI0N 




•Ptmma* check aoofcabfr bo*/ j" M El ; ' ' 'LETT E R ' ■ ;LTM M"TO COgAvS TO POUL.OW- 

G Approved □ Aporowd with Conditions and D Disapproved with Requirements Q Oiuoorovvd tor Reaioni — - 

Recommendations Noted Above 1or Aporoval Noted Above Noted Above Vir - 



BUTTOCK WHITE & BLRTIS 



YAMAICHI INTERNATIONAL (AMERICA) INC 
98TH FLOOR WORLD TRADE #2 PHASE II TAA 4-1^9 

DRAWING LIST Q 
AUGUST 1, 1988 U/ru ° 7 $- ' 7 

ARCHITECTURAL 

A.l Title Sheet August I, 1988 

A.2 Floor Plan August I, 1988 

A.3 Reflected Ceiling Plan August 1, 1988 

A.4 Access Floor Plan August 1, 1988 

A.5 Floor Cell & Core Plan August 1, 1988 

A. 6 Equipment and Furniture Plan August 1, 1988 

A.7 Partial Plans and Interior Elevations August 1, 1988 

A.8 Interior Details August 1, 1988 

A.9 Schedules & Miscellaneous Details August 1, 1988 

PLUMBING 

P98-1 Plumbing Plan, Symbols & Notes August 1, 1988 

P98-2 Riser Diagram & Details August I, 1988 

SPRINKLERS 

SP98-1 Sprinkler Plan August 1, 1988 

SP98-2 Sprinkler Symbols, Notes & Details August 1, 1988 



MECHANICAL 

M98-1 HVAC Removal Plan August 1 

M98-2 HVAC Ductwork Distribution Plan August 1 

No Drawing M98-3 August 1 

No Drawing M98-4 August 1 

M98-5 HVAC Ductwork Details August 1 
M98-6 HVAC Equipment Schedules and Piping Details August 1 

ELECTRICAL 

E98-1 Symbol Notes & Details August 1 

E98-2 Lighting Plan August 1 

E98-3 Power Plan August 1 

E98-4 Signal Plan August 1 

E98-5 Telephone Plan August 1 

No Drawing E98-6 THE P0 RT AUTHORITY OF N.Y. & N.J. August 1 

E98-7 Panel Schedules tenant constructs review unit August 1 

RECEIVED 

AUG 02 1988 

ALTERATION APPLICATION 



1988 
1988 
1988 
1988 
1988 
1988 



1988 
1988 
1988 
1988 
1988 
1988 
1988 



PA »31 



On* Worid Tract* Canter. New York. N Y 100*8 



^^S§?^ C Po°r N ,g5il^ , ^ N p^r l 'fi^f beto, art par. 5) 



Tor Port Authority um oMt 



f ACUITY 



WTC 



DATE 



/-./- 



Af P. NO. 



APPLICANTS NAME 



APPLICANT MUST READ THE TERMS AND CONDITIONS PRINTED ON THE REVERSE HEREOF 



ALSO SEE ATTACHED RIDER "F* 



PART ONE: Information to b« furniahod by Applicant (Rafor to your Imm or pormit for roquirvd information) 
Permission is hereby requested to perform the following described work on the spaoo occupied by the Applicant .__ _ '~ . 



ruouAKt to [Uau, space peuutT 

N °' WT - 1252 



LOCATION, (WllOlHO « O* AtEA) Of SPACE TO U AlltltQ 

Two Wo rld, Trade Ce nter, 98th Floor 



AT (I ACUITY) 



WTC 



DU£*IMION OT WOtK AND SEASON 

Installation of new offices on 98th Floor 



UIIMATEO COST 
OP WOIK « 



1,500,000.00 



ESTIMATED T1MI 

TO COMPLETE (OATS) 



90 



STAtlINO 
OATI 



88 



COMPLETION 
OAT* 



l« ll I 



88 



Plans: Prints of each drawing must be submitted with copies of Application. Include floor plan and show area affected by pro- 
posed work (sizo 834' a 11* or larger). ■ . 



TITLE OF DRAWING 



DRAWING NO. 



DATED 



See Attached Drawing List 



NAME 4 ADOUSS Of CONTIACTOB (IF NOT KNOWN. 1UIMIT UTU) 

Shimizu America Corporation 
805 Third Avenue, 12th Floor 
New York, New York 10022 



NAM! fc A0C4ESS Of CNOINCII Ot ARCHITECT 

Buttrick White <5c Burtis 
475 Tenth Avenue 
New York, New Yor 



TELEPHONE NO. 



(212) 967-3^ 33 

LICfMU NO. I 




LICENSE NO. 

014896 



SEND COUESPOHOtNCE TOi 

(NAM 4 ADOEESS Of EMPLOYE! IN CHAIOE Of WOKK) 

Mr. Norihiko Shimizu 
Shimizu America Corporation 
805 Third Avenue 

New York, New York 10022 (2] 2)935 . 6680 

Aft UCANT'S NAME (AS (T APf EAtS ON LEASE Ot PEIMIT) 



TELEPHONE NO. 



Yamaichi Internationa 



■y [jiONAiuat of Atrmouzeo mpj* 



(America), Inc. 
TinJ ' 



3.KP 



7 



hi® 



' I bar* ■upar^i 
. th« «ntlr« 
- conform to 

atncM, r*« 
■'palltr la 

and itructu 

would bo 

corporation 



TiriCATION 



■p*clflcillons (or 
«*rU(r that tb#7 
«a*ct mania, ordl- 
, towi or munlcl- 
a.nca of bulldlDfi 
protection which 
war* a prWtta 



SIONAflJU Of LICENSED 

7k<cabr< 



DATE 

7 M ^ 



PART TWO: Prepared by Port Authority and returned to applicant 

The above Application is n Approved JJ Disapproved. Subject to the following conditio^/ t/J$?^ * N.J. . . 

The Contractor try signir*g below agrees to all the terms and mnhbucium ttVitw uwt 

conditions on this application and on the reverse side RECEIVED 

thereof, including #5 indannifying the Port Authority and 

further agrees to be bound by all riders and schedules 

attached to this application. > ■ 



Signature 
Contracted 




AUG 02 i 

ALTERATION APP1 



Nane & Address 



!-Of 



Shimizu America Corporation ' "^'^ ■ 

«ns Third AypntiP.NYC.NYIOn^ 000 ^"^ on Pidef " A " etc. 



APPLICATION 
/Partner: 
date 



Please advise the undersigned in writing, when this work has been Completed. 
The Port Authority of New York and New Jersey ! 



TmpTcWTT 



■DaTT 



/ / 



XT 



title bepucy Director tor 
Physical Facilities, WTD 



OATI 



/ / 



